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(u) Contracts with Douglas Aircraft Company, Inc. 


1, Systems Engineering end Technical Direction under Letter Gontrect AF Oh( 64:7) -h81 
has been delayed aweiting preparation of the DD 254, Security Requirements Check List, 
——— the Letter Contract Will be forwarded to the Contractor for exscution 
on ð Oetober 1959... | | 


2. Contract No. AF Oh 645 )-65 - Supplemental Agreement Mo. 52 — forwarded. to the 


Contractor for execution om 7 October 1959. Change Order No. 54 adding $13 million 


to the contrast should be forwarded to the Gontractor on 8 October 1959. 
| — 


3- Wegotiations with Douglas Aircraft Company involving some 17 CCN's were 

on 5 October 1959. These CON's will be incorporated into Contract AF oh 645 )-65. by 
Supplemental Agreement No. 53 and will inerease the estimated cost and fixed fee of 
the Contract by some $179,000 and $12,000, respectively. Twelve CCN's were negotiated — 
— change in the. contractual costs and one CON was negotiated with a decrease of 

3 » 000. | 


(vu) Yardney Electric Corporation - AF ob(647)=.236 


Yardney Electrie Corporation will meet with BMD/EMc on 8 Oetober 1959 to discuss _ 
the return of Yardney batteries requiring modification. Inquiries to the field 
reveal that a total of 13 batteries will require modification. Yartdiney has expressed 
agreement to modify these batteries at no cost to the % if the Government is 
villing to pay transportation charges to and from Yardney at New York. Bes | 
position is that the Government should not inour any eosts ineident to this modifiea- 
tion since the batteries do not satisfy the contract specification. 


(uv) AF 04(647)~h52 - Titen Missile Display 






septions taken by The Martin Company to the proposed contract have been resolved 
and the executed docwsent will be sent to final. review on 9 October. 1959. Distribu- 
_ tion of this contract will be accomplished on or t 16 Oetober 1959. 


(uv) ar OM 647)=16h ~ Long Range R&D Valve Program 


_ Aerojet-General Corporation has requested an overrun of $60,866.00 and an extension 
of the delivery date to 31 January 1960. BMD has advised that the overrun will not 
| © funded nor the delivery schedule extended. Therefore, EMO has notified Aerojet 
oF to tailor thetr davelogmert program in sual & mmnet tnt ae mauetifted arose 
the contract may be used to the best advantage in testing the pressure switch in its 
current state of development and preparing a Final Technical Documentary Report. 
Aerojet will deliver the hardware which they have developed under the contract tc 


~—_UNBLASSIFED 


